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COMPANY NAME 

PERKIN-ELMER 

. ENGINEERING STUDY □ 
CHANGE PROPOSAL [x) 

Proposal No. PE-30 

DATE October 9, 1963 

1 _ ... 

AFFECTS: WSPO □ PROJECT QD 

NAME OF MAJOR COMPONENT 
Tracking Camera 

PARI 

OR LOWEST; SUBASSEMBLY 

PART NO. & MODEL OR TYPE 
151-0012 MK 1A 

TITLE OF PROPOSAL: Visual frame counter for MK 1A Tracking Camera 


NATURE OF PROPOSAL: 


Add three-digit counter to control panel as indicator of exposed 
frames. Counter to he supplied in kit form and installed by technical 
representatives at field sites. Sample conversion chart attached. 


REASON FOR PROPOSAL: 

I * 

At time hatch is lowered, counter will indicate success of tracker 
operation and amount of footage exposed. Det "H" indicates that time 
saved by this method versus removing tracker from hatch, transporting 
unit to darkroom, unloading and physically measuring amount of 
exposed material is a very desirable feature. 


ES 


CP 


ESTIMATED COST AND TIME INVOLVED: 
ADDITIONAL FUNDING REQUIRED: 


ESTIMATED COST FOR KITS OR PARTS: 
ADDITIONAL FUNDING REQUIRED: 


$76.00 Kit (Based on 12 Kit suggested qty) 


ITEMS AFFECTED BY PROPOSAL: 


Safety 

□ 

Mission 
Effec* 
tlv^rio^ s 

Performance 

□ 

Operating 

Procedure 

E 

Interchange* 

ability 

□ 

Weight or 
Weight & 
Balance 

□ 

Tools & 
Support 
Equipment 

□ 

Maintenance 

Procedure 

□ 

Service 

□ 

□. 

Maintenance 

Manual 

□ 

EST. MAN/HRS. REQ'D. TO ACCOMPLISH CHANGE IN FIELD 5 Hours 


SOURCE OF PARTS FOR KIT 
Contractor 


AVAILABILITY. 


WEEKS AFTER APPROVAL 


DISPOSITION OF SPARES AFFECTED 


N/A 


INITIATED BY: 


Contractor >> 

Approved For Release 2002/06/14 : 


APPROVED: 
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Conversion Chart - Frame Counter 
(To be supplied in la min ated form) 
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